UNIT  CONSTRUCTION   COSTS                                  1561
Account 7306.1—Brackets and Wiring.
This account covers all the material and labor incident to putting up the trolley line brackets, stringing the wire and insulating the work. The length of the trolley system is 7824 ft. of which 7,346 ft. is No. 000 H. D. grooved copper wire and 478 ft. of 25 Ib. rail used through the slag track cut. The cost here has been figured on the lineal feet of system. Below is a list of the majority of items in the material account.
50 Insulator brackets similar to Ohio Brass Co. No. 1,254 200 Trolley brackets similar to Ohio Brass Co. No. 10,998 Six 15° frogs similar to Ohio Brass Co. No. 10,115 Six 15° frogs similar to Ohio Brass Co. No. 10,016 Three 15° frogs similar to Ohio Brass Co. No. 10,388
The messenger wire was J-in. strand extra soft galvanized steel strand. Extension arms were made of IJ-in. pipe, 9 ft. long. One-quarter inch rod was used for arm brace. The voltage carried for the line is 230 D. C.
Account 7306.2—Rail Bonds.
This account covers cost of all material and labor incident to making the electrical bond throughout the trolley system. Each bond required the drilling of two -J-in. holes through the web of the rails. For the most part it was necessary to remove and replace the angle bars. Five hundred twenty-one No. 000 cable rail bonds with -J-in. hollow comp. studs, 1 ft. 11 in. center to center—see Fig. 5—type O. P. 2— A. S. & W. Co. furnished complete with drift pins. (See Fig. 5.)
Account 7306.30—Lighting.
This account covers the cost of all material and labor incident to lighting the trolley line. The electricity here used was taken direct from the trolley lines. Fifty-seven lamps—240 volt—120 watt carbon filament were installed. Four thousand feet of wire wore used.
Rolling Stock
Account 7307—-Cars, Electric Locomotives, etc. This account covers the cost of the following equipment together with the labor of unloading, trying out, removing the air brakes from the slag cars which came in on their own wheels, installing extra controllers on slag cars, and a large amount of repair work not oarried by account 7307.1.ne pole used between two tracks; single track and one pole and bracket on the under side of the slag track cut floor. (See Figs. 1, 2, 3 and 4.)in. gauge. They.             .   .                                                i* HI            r^t,
